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21  October  1987 


Mr.  Stephen  Coyle,  Director  _ 

Boston  Redevelopment  Authority    ^n-rv  f^f  BRK  ^^^^ 

1  City  Hall  Square 
Boston,  Wi     02201 

Dear  Mr.  Coyle: 


pROPERTVOfBRM 


Stull  and  Lee,  Inc.  is  pleased  to  submit  for  your  consideration  our  proposal 
for  planning  and  urban  design  services  in  the  Washington  Street  Corridor  from 
Chinatown  to  Forest  Hills.  This  proposal  has  been  developed  with  input  from 
key  BRA,  PFD  and  Transportation  Department  staff. 

The  Draft  Contract  and  Workscope  prepared  by  the  BRA   (September  16,  1987)  and 
a  subsequent  series  of  working  sessions  with  representatives  from  the 
departments  mentioned  above,  provided  the  basis  for  the  proposal.  Obviously  a 
project  of  this  scope  and  complexity  will  require  periodic  review  and 
adjustment.  We  suggest  therefore,  frequent  working  sessions  with  your  staff 
and  principal  participants  in  the  study. 

The  Washington  Street  Corridor  Is  a  major  historic  artery  and  its  enhancement 
and  revitalizat ion  Is  an  important  component  in  the  City's  impressive 
renaissance.  Stull  and  Lee,  Inc.  looks  forward  to  the  opportunity  to  play  a 
role  in  planning  the  future  of  the  Corridor. 

Sincerely, 

STULL  A^D  LEE  INDCRPCRATH? 

vlc^Jles^oeV  PROPERTY  OF 

«^w™  gQ^jOf^  REDEVELOPMENT 

AUTHORITY 

m^mt  Of  BRA  UBRARy 


Donald  L  Stull,  FAIA 
M  David  Lee,  AlA 
AJIeen  R  Fenfon 
Bartv  A  Mllofsky,  (?A 
Charles  H  Perez 
Edward  J  Ross.  AlA.  ARA 
John  R  Symonds 
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PROPERTY  OF  BRA  LIBRARY 


SCOPE  OF  SERVICES 


SaCPE  CF  SERVICES 


TASK  1:   aZ^rMJNITY  ^2>D  INYER?£;B^0£   P.^TICIPATICN  PPCCESS 

l.A      Assist  the  Authority  In  the  developrent  of  a  corridor-wide  comnunity 
participation  process.  The  process  will  utilize  to  the  fullest 
extent  possible,  existing  ccrmnunlty  organizations,  interest  groups 
and  "in-place"  tools  for  ccmnunlcat Ion  (neighborhood  newsletters, 
regularly  scheduled  comnunity  meetings,  etc.).  The  Authority  shall 
appoint  a  project  liaison  whose  responsibilities  shall  Include  the 
aay  to  day  management  of  the  cocnmnlty  (and  Interagency) 
participation  process. 

l.B     Assist  the  Authority  in  the  interagency  liaison  process  Including: 

participation  in  key  meet ings ,  preparation  of  informational  graphics 
and  wr itten  mater ials  as  required.   [The  Contractor ' s  responsibility 
will  be  generally  limited  to  "camera-ready"  graphics.  Photographic 
processes  and  nxilt iple  mailings,  etc.  shall  be  reimbursable 
expenses.  ] 

l.C     Assist  the  Authority  In  the  comnunity  participation  process 

Including:  participation  In  publ Ic  meet  Ings ,  preparat ion  of  public 
Informational  graphics  and  written  materials. 

l.D     Coordinate  Interagency  goals  and  objectives. 

l.D.  1    Meeting  with  various  City,  State  and  Federal  agency  representatives 
to  Identify  goals  and  objectives  including  potential  conflicts. 

l.D. 2    Note  current  project  ccximltments  (from  the  agencies)  including 
funding  and  Implementation  timetables. 

TASK  2:   DOOAIENT  EXISTING  COOITICNS 

2. A     Update  existing  land  use  mapping  Including  notation  of  recent  capital 
Investments  and  vacant  buildings.  Note  public  and  ownership. 

2.B     Note  generalized  building  conditions  throughout  the  corridor.   [On  a 
block  by  block  basis  as  opposed  to  building  by  building.]  Note  also  ' 
the  condition  of  the  major  public  infrastructure  elements. 

2.C      Note  current  public  and  private  development  proposals. 

2.D     Assess  general  market  conditions  in  the  corridor.   [This  will  require 
subconsultant  Input  and  will  rely  on  generally  available  studies  and 
indicies. ] 

2.E      Assess  traffic  and  parking  Issues.   [This  will  require  substantial 
input  from  the  City's  traffic  and  parking  division.] 

2.F      Synthesize  the  existing  conditions  Into  a  surrmary  paper  and  drawings 
which  win  serve  as  the  basis  for  initial  sketch  planning. 
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TASK  3:   SKETCH  PLANS 

3. A      Solicit  Conrmunity  Ck)als  and  Objectives 

Based  on  the  existing  conditions  analysis,  the  interagency  goals, 
tiiretables  and  funding  ccrrmltments ,  and  a  current  assessment  of  the 
planning  issues  throughout  the  corridor,  Initiate  a  series  of 
alternative  sketch  plans  for  a  limited  number  of  ccamrunlty 
presentations.  These  quick  sketch  plans  will  be  used  as  a  nnechani 
to  elicit  from  the  various  groups  along  the  corridor  a  sense  of  their 
desired  vision  for  the  future  of  the  Washington  Street  Corridor. 

3.B     Planning  Criteria 

Based  on  responses  to  the  alternative  sketch  plans,  generate  the 

qualitative  and  quantitative  planning  criteria  which  will  form  the 
underpinning  for  a  corridor-wide  development  framework. 

TASK  4:   (XRRIDCR-WIDE  EEVELCPMEm'  FRAMEftCRK 

Based  on  the  planning  criteria  generated  in  Task  3,  develop  an 
overall  urban  design  strategy  for  the  corridor. 

4. A     Economic  and  Market  Factors  and  Business  Developnent 

4.A.1    Conduct  market  and  economic  analyses  of  the  corridor  area  Including 

the  establishment  of  parameters  for  the  scale  and  type  of  developrent 
in  selected  zones  and  districts  along  the  corridor. 

4. A. 2    Project  likely  development  scenarios  based  on  current  trends. 

Identify  potential  business  development  opportunities;  Identify  areas 
of  potential  business  displacement. 

4.B.     Transportation  and  Parking  Issues 

4.B.1    Prepare  traffic  and  parking  reconmendat Ions  including: 

-  Projected  transportation  demands  and  the  implications  of  the  LRV 
system  on  Washington  Street. 

-  Projected  residential  off-street  parking  demands. 

-  Review  new  zoning  regulations  for  off-street  parking  and  the 

suitability  of  publicly  owned  land  to  satisfy  parking  dejTnands . 

-  Explore  probable  costs  for  off-street  parking  construction  along 
the  corridor. 

4.B.2    Review  special  transportation  issues  including: 

-  The  need  for  a  two-way  Washington  Street  bridge  over 
turnpike; 

-  Turnpike  areas  of  opportunity  for  widening  Washington  Street; 

-  Sp)ecial  circulation  needs  (near  schools,  elderly  concentrations, 
areas  of  high  density). 
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SKETCH  PLANS 


TASK  3:   

3. A      Solicit  Corrmunity  Goals  and  Objectives 

Based  on  the  existing  conditions  analysis,  the  interagency  goals, 
timetables  and  funding  ccrml tments ,  and  a  current  assessment  of  the 
planning  Issues  throughout  the  corridor,  initiate  a  series  of 
alternative  sketch  plans  for  a  limited  number  of  comnunlty 
presentations.  These  quick  sketch  plans  will  be  used  as  a  mechanism 
to  elicit  from  the  various  groups  along  the  corridor  a  sense  of  their 
desired  vision  for  the  future  of  the  Washington  Street  Corridor. 

3.B     Planning  Criteria 

Based  on  responses  to  the  alternative  sketch  plans,  generate  the 

qualitative  and  quantitative  planning  criteria  which  will  form  the 
underpinning  for  a  corr Idor-wlde  development  framework. 

TASK  4:  OPRIDCR-WIDE  IBVELCFMEOT  FRAMEftCRK 

Based  on  the  planning  criteria  generated  in  Task  3,  develop  an 
overall  urban  design  strategy  for  the  corridor. 


4. A     Economic  and  Market  Factors  and  Business  Development 

4.A.  1    Conduct  market  and  economic  analyses  of  the  corridor  area  Including 

the  establishment  of  parameters  for  the  scale  and  type  of  development 
In  selected  zones  and  districts  along  the  corridor. 

4. A. 2    Project  likely  development  scenarios  based  on  current  trends. 

Identify  potential  business  development  opportunities;  Identify  areas 
of  potential  business  displacement. 

4.B.     Transportation  and  Parking  Issues 

4.B.1    Prepare  traffic  and  parking  recomrendat ions  Including: 

-  Projected  transportation  demands  and  the  Implications  of  the  LRV 
system  on  Washington  Street. 

-  Projected  residential  off-street  parking  demands. 

-  Review  new  zoning  regulations  for  off-street  parking  and  the 

suitability  of  publicly  owned  land  to  satisfy  parking  deirands . 

-  Explore  probable  costs  for  off-street  parking  construction  along 
the  corridor. 

4.B.2    Review  special  transportation  issues  including: 

-  The  need  for  a  two-way  Washington  Street  bridge  over 
turnpike; 

-  Turnpike  areas  of  opportunity  for  widening  Washington  Street; 

-  Special  circulation  needs  (near  schools,  elderly  concentrations, 
areas  of  high  density). 
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4.C     Prepare  overall  development  framework  plans. 

4.C.1    Illustrate  alternative  land  use  and  zoning  proposals  based  on  market 
analysis,  transportation  considerations  and  ccmrunity  reviews. 

4.C.2    Analyze  impact  of  proposed  uses  on: 

-  Housing  availability 

-  Residential  displacement 

-  Coimierclal  displacement 

4.C.3    Based  on  preferred  alternative,  develop  land  use  programs  for 
housing,  open  space,  comnerclal  and  Institutional  development, 
consistent  with  proposed  corridor  zoning. 

4.C.4    Identify  areas  for  special  study  and  boundary  modifications  wherever 
appropriate. 

4.D     Development  Framework  Sumnnary 

Prepare  a  sumrary  report  and  graphics  which  generally  establish  the 
overall  corridor  urban  design  strategy. 

STRATEGY  PCR  PUBLIGALLY  O^NHD  LMC 

Analyze  publically  owned  land  throughout  the  corridor. 

Examine  the  market  potential  of  each  site. 

Evaluate  each  site  with  regard  to  adjacent  uses  and  corridor-wide 
urban  design  relationships. 

Establish  preferred  uses  Including  potential  for  continued  public  use 
v.s.  private  disposition. 

Develop  plans  and  programs  for  public  improvements  along  Washington 
Street. 

Streetscape  improvements 

-  Lighting 

-  Walkways 

-  Landscaping 

-  Street  Furniture  (including  informational  signage) 

-  Public  Art 

5.B.2    Public  open  space 

-  Restoration  and  enhancement  proposals 

-  New  open  space 

-  Neighborhood  gardens 

5.C     CXitline  a  potential  disposition  strategy  (based  on  current  processes) 
including  a  prototypical  developer's  kit  and  selection  procedure. 
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TASK  5 

5. A 

5.A.1 

5.A.2 

5.A.3 

5.B 

5.B.1 

5.D     Prepare  a  presentation  of  concepts  for  publically  held  land 
throughout  the  corridor. 

TASK  6:   CCRRIDCR-WIDE  IMPLEMENTATICN  MECHANISMS 

6. A      Sunmarize  and  prepare  supporting  graphics  illustrating  overall  land 
use  and  zoning  policies  for  the  entire  Washington  Street  Corridor 
inludlng: 

-  Housing 

-  Retail  Uses 

-  Offices,   Light   Industry  and  Other  Potential 
Hnployment  Generators 

-  Institutions 

-  Other  Potential  Uses 

6.B     Prepare  corridor-wide  design  objectives  and  guidelines  for: 

-  Architectural  design  (new  construction  and  rehab.) 

-  Site  planning  (setbacks,  parking,  landscaping) 

-  Conmerclal  rehabilitation 

-  Open  space 

-  Preservation  of  specific  buildings  and  properties 

6.C      Indicate  design  objectives  and  guidelines  for  key  parcels  and  streets 
adjacent  to  Washington  St. 

6.D  Outline  a  set  of  key  Implementation  tools  including: 

6.D. 1  Appropriate  elements  of  the  IPCD  process. 

6.D.2  A  recottmended  disposition  process. 

6.D.3  Model  developer's  kit  and  developer  selection  process. 

6.D.4    A  business  assistance  program  for  local  businesses  [This  will  require 
subconsultant  Input.] 

6.D.5    Project  Review  Comnlt tees;  reccrmendat  Ions  for  Inter-agency  and 

citizen's  review  ccmnlttees  as  an  ongoing  mechanism  to  review  and 
guide  future  developnent.  The  project  review  process  might  also 
emerge  as  a  technique  to  periodically  review  the  overall  development 

framework  and  make  adjustments  as  required  in  response  to  changing 
market  conditions,  funding  programs,  corrmunlty  preferences,  etc. 

TASK  7:   EXECUTIVE  SIAMARY 

This  task  will  synthesize  the  information  generated  over  the  course  of  the 

study  Into  a  brief  document  sumnarlzlng  the  key  components  of  the  corridor 
development  framework.   It's  purpose  will  be  to  make  clear  the  major  goals  and 
objectives  for  the  future  of  Washington  Street  and  to  provide  a  broad 
framework  for  achieving  those  objectives. 

End  Scope 
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PROJECT  ORGANIZATION 
AND  WORK  PROGRAM 


PROJECT  ORGANIZATION  CHART 


INTHWCaCY  PBQJBCT  aMflTIBB 
[ERA,   FFD,  TRANSFTRTATICM  &  FABKIIC] 

PRDIBCT 
LIAISLN 

- 

>/ 

S+L 
URBAN 
IKSICN 
TEAM 

hEIGHBCKIXD 

REVIBV 

CriMITl'KKS 

\ 

• 

PBnTBCT* 
ACVISCKY 
OClMITrEB 

/ 

s 

/ 

V 

S+L  SUBULNSULTANTS 

o  Market  and  Real  Estate  Analysis 
o  Traffic  and  Parking 
o  Business  Assistance  Prograus 
o  Others  as  Required 

- 

•This  would  be  a  ccnmittee  of  professionals  nutoally  agreed  upon, 
lAose  function  (on  a  paid  basis)  would  be  to  review  various 
aspects  of  the  study  as  it  evolves  to  offer  "amis  length"  insight 
and  suggestions. 
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REVISED  CONTRACT  - 


REVISED  OCNTRATT  PROPOSAL 

For 

PROFESS ICMAL  SERVICES  BY  A^D  BEI\VEEN 

THE  BOSTON  REDEVELOPMENT  AUTHCRITY 

And 

STULL  AM)  LEE,  INC.  ARCHITECTS  A^D  PLANNERS 

This  AGREEMENT  entered  into  this day  of 1987  by  and  between  the 

Boston  Redevelopment  Authority,  a  public  body  politic  and  corporate,  duly 
organized  and  existing  pursuant  to  Chapter  121B  of  the  General  Laws  of  the 
Cofimonwealth  of  Massachusetts,  having  its  usual  place  of  business  in  Boston, 
Massachusetts  (hereinafter  referred  to  as  the  "Authority")  and  Stull  and  Lee, 
Inc.  of  100  Boylston  Street,  Boston,  Mass.  02116  (Hereinafter  refered  to  as 
the  "Contractor"). 

Wn^JESSEIH  THAT: 

MiEREAS,  the  Authority  requires  planning  and  design  services  related  to  the 
Washington  Street  Corridor  Planning  Studies;  and 

MIEREAS,  the  Contractor  is  qualified  to  provide  and  desires  to  perform  such 
services  for  the  Authority; 

NCW,  THEREFCRE,  the  parties  hereto  do  mitually  agree  as  follows: 

1.   Study  Area 

The  area  of  study  under  this  Agreement  is  the  Washington  Street  Corridor  Area, 
which  area  is  defined  herein  by  the  Authority  for  the  purpose  of  this 
Agreement. 

The  general  boundaries  of  Phase  I  shall  be  from  the  Mass 
Turnpike/Herald/Margin  Street  (to  the  north)  along  Washington  Street  to  the 

Dudley  Station  terminal  (to  the  south)  and  one  block  to  the  east  and  west  of 
Washington  Street. 

The  general  boundaries  of  Phase  II  shall  extend  from  the  Dudley  Station 
terminal  (to  the  north)  along  Washington  Street  to  the  Forest  Hills  Transit 
Station  (to  the  south)  and  one  block  to  the  east  and  west  of  Washington 
Street. 

During  the  course  of  the  study  it  may  be  necessary  In  certain  segments  of  the 
corridor  to  widen  the  study  area  boundaries  beyond  one  block  east  and  west  of 
Washington  Street.   In  such  instances  the  proposed  expansion  of  the  boundaries 
will  be  reviewed  with  the  Authority,  and  any  modifications  of  scope  of 
services  and  fee  wi 1 1  be  submitted  to  the  Authority  for  approval. 
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2.  Purpose  and  Products  of  che  Study 

The  overall  purposes  of  this  contract  are:   (1)  To  review  and  analyze  previous 
(and  ongoing)  transportation  studies  of  the  corridor  in  terms  of  their 
implications  for  land  use;  (2)  To  conduct  a  comprehensive  analysis  of  land 
uses  along  the  Corridor  and  Integrate  that  analysis  with  the  emerging 
transportation  reconmendat ions ;  (3)  Primarily  through  the  use  of  exist  ing 
ccrmunity  part icipat Ion  mechanisms ,  seek  Input  from  and  provide  Information  to 
area  residents;  (4)  Assist  in  the  design  of,  and  participate  In  a  forum  or 
working  group,  to  facilitate  caiminlcat ion  among  agencies  and  ccmuinlty 
residents.  The  products  of  this  contract  will  consist  of  a  corr Idor-wlde 
urban  design  and  land  development  framework  Including,  land  use  guidelines  and 
urban  design  controls,  reconrmendat ions  for  land  disposition  policies  and 
procedures  for  publically  owned  parcels  along  Washington  Street.   [The 
framework  and  guidelines  will  take  Into  account  the  goals,  objectives  and 
guidelines  articulated  during  the  interim  planning  overlay  district  process.] 

3.  Phasing  of  Contract 

The  contract  will  be  executed  In  two  phases.  Washington  Street  runs  between 
the  Essex  Station  on  the  Orange  Line  In  Chinatown  and  the  Forest  Hills  Station 
in  Jamaica  Plain.  The  portion  of  the  corridor  from  Essex  to  Dudley  Station 
includes  portions  of  Chinatown,  the  South  End  and  a  portion  of  Roxbury. 
Recent  efforts  of  the  City  and  the  BRA  concerning  new  zoning  and  IPCD 
proposals  currently  under  ccirmunity  review  in  the  South  End  and  Roxbury 
necessitate  that  the  Essex  to  Dudley  portion  of  the  corridor  be  undertaken  In 
Phase  1  of  the  contract.  The  portion  of  the  corridor  from  Dudley  Station  to 
Forest  Hills  will  be  addressed  in  Phase  II  of  the  study. 

PROJECT  RH3UIREMENTS  A^D  Oa>lPB>JSATICN 

4.  Attendance  at  Meetings 

The  Contractor  shall.  If  requested  by  the  Authority,  provide  knowledgegable 
staff  to  attend  or  partlcpate  In  meetings  with  designated  private  or  public 
organizations  or  groups.   If  the  Contractor  is  required  to  attend  additional 
meetings  after  the  study  period  Is  complete,  the  Contractor  will  be  reimbursed 
at  the  hourly  rates  listed  below. 

5.  Time  of  Performance 

All  services  under  this  Agreement  shall  be  completed  within after 

execution  of  this  agreement. 

6.  Compensation 

For  providing  the  services  specified  hereunder,  the  Authority  shall  pay  the 
Contractor  as  full  and  final  compensation  for  services  an  amount  equal  to  the 
hourly  rate  attributable  to  the  personnel  of  the  Consultant  engaged  In 
performing  such  services.  The  following  schedule  indicates  the  hourly  billing 
rates  for  various  Contractor  Job  Classifications  Involved  In  this  work. 
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Hourly  Bill ing  Rates 
1987 


The  above  hourly  fees  shall  be  considered  to  include  all  costs  incurred  by  the 
Contractor  in  respect  to  the  services  described  herein,  including  but  not 
limited  to  the  fringe  benefits,  overhead  supplies  and  equipment,  general  cost 
of  doing  business  and  profit  and  office  expenses  except  those  noted  below.   In 
addition  to  the  above  compensation,  the  Authority  shall  reimburse  the 
Contractor  at  cost  for  certain  other  direct  expenses  including  travel,  lodging 
and  reproduction.  Travel  by  POV  shall  be  reimbursed  at  20c  per  mile. 


7.  Estimated  Pees  by  Task* 

Task  1:  Ccmnunity  and  Inter-agency 

Participation  Process  

Task  2:  Documentation  of  Existing  Conditions  .., 

Task  3:  Sketch  Plans  , 

Task  4:  Corr Idor-wlde  Developnent  Framework  .... 

Task  5:  Strategy  for  Publlcally  Owned  Land  ..... 

Task  6:  Corr  Idor-wlde  Imp lementat  Ion  Mechanisms 


♦The  Contractor  shall  be  allowed  to  shift  available  dollars  between  tasks  when 
approved  by  the  Authority,  providing  the  overall  contract  amount  Is  not 
exceeded. 
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In    no   event   will    the   maximum   sum   payable   by   the   Authority    for   all    fees   and 

expenses   hereunder  exceed   the  sum  of  (S _) 

Dcilars    fcsr   providing    ail    services   hereunder. 

8.  Method   of  Payment 

The  Contractor  shall   make  monthly  applications   for  payment  of  fees   earned 
and   allowable  expenses   for  each   work  assignment.      Each   application   shall    be 
accompanied   by  an   abstract  of  each   payroll   covered   by  the  application 
showing   the  name  of  each   person   employed  on   the  work,    his  job   title,    and 
hourly  billing   rate,    the  number  of  hours   he  worked  on   this   contract  and   his 
total   billing   attributable  to  this  contract.      Such   abstract  shall   be  sworn   to  by 
an  officer  of  the  Contractor.      It  shall   contain   such   additional    information   as 
may  be   required   by  the  Authority  to  substantiate  the  charges   including   an 
itemization  of  any  allowable  expenses.      Each   application    shall    also  be 
accompanied    by   a   brief   statement  outlining   the   work   performed   during    such 
period . 

Upon    receipt  and   approval   of  applications   for  payment  and    related   process 
reports,    the   Authority   shall    pay   90%  of  all    earned    fees   and    100%  of  allov/able 
expenses.       Final    payment,    including   previously   withheld    retainage,    shall    be 
made   upon    satisfactory   completion   of  all    services    hereunder   including    receipt 
and   acceptance  of  all    the   reports. 

9.  Terms    and    Conditions 

This   Contract   is   made   subject   to   and    incorporates    the   provisions   of   the 
attached    form    "Part    II    -    Terms   and   Conditions"    HUD-621B    (2-69),    wherein 
"Local    Public   Agency"    shall    mean   the   "Authority". 

It   is   mutually   agreed    that   the   results   of   this   project    shall    be   the   sole   pro- 
perty  of   the   Authority   and    said    results   may   be   made   publicly   available   by   the 
Authority. 

10.  Final    Release 

In   consideration   of   the   execution   of  this   Agreement   by   the   Authority,    the 
Contractor  agrees   that  simultaneously  with   the   acceptance   by   the   Contract  of 
the  Authority's  final   payment,    the  Contractor  will   execute  and   deliver  to   the 
Authority,    an    instrument   under   seal,    releasing   and    forever   discharging   the 
Authority   of  and   from   any   and   all   claims,    demands    and    liabilities   whatsoever, 
of   every    name   and    nature,    both    at    law   and    in    equity,    arising    from,    growing 
out  of,    or   in   any   way   connected   with   this   contract   except   for   those   that   are 
expressly   set   forth   therein. 
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IN  WT'mESS  \VHERBCF,  the  parties  hereto  have  caused  this  Agreement,  to  be 
executed  by  their  respective  officers  hereunto  duly  authorized  and  their 
respective  seals  affixed  hereto  as  of  the  date  first  above. 


ATTEST 


BOSTON  REEEVELOFWENT  AUTICRITY 


By. 


Director 


ATTEST 


STULL  AhD  LEE,  INC. 


M.  David  Lee,  AIA 
Vice-President 


Approved  as  to  form 


Chief  General  Counsel 
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BRA  DRAFT  CONTRACT 


— 

— 

- 

CONTRACT    FOR    PROFESSIONAL   SERVICES 

3Y   AND    BETWEEN 

BOSTON    REDEVELOPMENT  AUTHORITY 

AND 
DAVID    LEE   OF   STULL   AND    LEE,    INC. 


THIS   AGREEMENT  entered    into  this 


day  of 


1987  by  and   between 


the   Boston    Redevelopment   Authority,    a   public   body   politic   and   corporate, 
duly  organized   and   existing   pursuant  to   Chapter   1213   of  the   General    Laws  of 
the  Commonwealth  of  Massachusetts,    having   its   usual   place  of  business   in 
Boston,    Massachusetts   (hereinafter   referred   to  as   the   "Authority")   and 
David    Lee  of  Stull   and   Lee,    Inc.    of  100   Boylston  Street,    Boston,    MA      02116 
(hereinafter   referred  to  as   the   "Contractor"). 

WITNESSETH    THAT: 

WHEREAS,    the  Authority   requires   planning   and   design   services   related   to   the 
Washington   Street  Corridor   Planning   Studies;    and 

WHEREAS,    the   Contractor   is   qualified   to   provide  and   desires   to   perform   such 
services   for  the  Authority; 

NOW,    THEREFORE,    the  parties   hereto  do  mutually   agree   as   follows: 

1  .        Study   Area 

The   area  of  study   under  this  Agreement   is   the  Washington   Street  Corridor 
Area,    which   area   shall    be   defined   by  the   Authority   for  purpose  of  this 
Agreement. 

General    boundaries  of  Phase   I    shall   be  from  the  Mass   Turnpike/Herald/Margin 
Street  to   the  north   to   Dudley  Station   to  the   south    and   one   block   to  the  east 
and   west  of  Washington   Street. 

Phase    II    shall   extend   from    Dudley   Station   to   Forrest   Hills   and   along 
Washington   Street  and  one   block  to  the  east  and   west  of  Washington   Street 

2.        Purpose  and   Products  of  Study 

The  overall    purposes  of  this   contract  are   (1)    to   review   and   analyze  previous 
transportation   studies  of  the  Corridor  froni   a   land    use  perspective;    (2)   to 
conduct  comprehensive   land   use  analyses   along   the   Corridor   and   to   integrate 
those  analyses  with  transportation   recommendations;    (3)   to  seek  input  from 
and   to   provide   information   to  area   residents;    and    (4)   to   provide   a   forum   for 
communication   among   agencies  and   community   residents.      The   products  of  this 
contract  will   consist  of  guidelines   for   land   use,    height  controls   and   design    in 
addition   to   land   disposition   policies   and   procedures   for  publicly-owned   parcels 
along  Washington   Street. 
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3.  Phasing   of  Contract 

The  contract  will    be  executed   in   two  phases.      Washington   Street   runs   between 
the   Essex   Station  of  the  Orange   Line   in   Chinatown   and   the   Forest   Hills   Station 
In   Jamaica   Plain.      The  portion   from    Essex   to   Dudley  Stations  are  located   in 
Chinatown,    South    End   and   a   portion  of  Roxbury.      Recent  efforts  ^ofi  the  City 
and    BRA   concerning   new  zoning   proposals   for  the  South    End  and  yi    IPOD   in 
Roxbury  currently   under  community   review  necessitate  that  this   portion  of 
the  Corridor,    Essex   to   Dudley  be  undertaken   in   Phase   I    of  the  contract.      The 
remaining   portion  of  the  Corridor  from   Dudley  Station   to   Forrest  Wills  located 
in   Roxbury  and  Jamaica  Plain  will   be  addressed   in   Phase   II   of  the  study. 

4.  Scope  of  Services 

The  Contractor  shall   b^directed   by  the  Authority's   designee  to  provide  the 
following   services   hereunder: 

TASK    1:      COMMUNITY   AND    INTERAGENCY   PARTICIPATION    PROCESS 

a.  Assist  the  Authority   in   establishing   the  community  participation   process; 

b.  Assist  the  Authority   In    Agency   Liaison;    attend   meetings;    prepare  publTc 
:  information   graphics   and   public   informational   materials   as   required; 

c.  Assist  the  Authority   In    Community   Participation   by   attending   meetings; 
preparing   graphics   and   public   informational   materials   required   for 
meetings. 

BUDGET 

TASK   2:      DOCUMENT    EXISTING   CONDITIONS 

a.  existing   land   uses,    locations  of  recent   investment  and   vacant  buildings; 

b.  urban   design   character;    scale  of  development   (building    heights,    FAR), 
architectural   character;    landscaping,    elements  of  public  environment 
(lighting,    billboards,    etc.) 

c.  location,    description,    development  potential   of  publicly-owned    land    (City, 
MBTA,    other); 

d.  current  public  and   private  proposals   for  new  development; 

e.  significant  utilities  and  other  major  Infrastructure. 

BUDGET:-     - 

TASK  3:   ECONOMIC  AND  MARKET  FACTORS  AND  BUSINESS  DEVELOPMENT 

a.  -conduct  market  and   economic   analyses  of  Corridor   area; 

b.  identify  potential   business  development  opportunities   (types,    locations, 
etc.); 
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£-.        prepars  market  assessments   to  establish   parameters    r"or  types   and    scale 

of  development  in   selected   zones   and   districts   along   the  Washington   Street 
Corridor; 

d.  project  likely  future  development  scenarios   based   on   current  trends; 

e.  prepare  development  strategy  to  implement  desirable  potential 
development; 

f.  identify  areas  of  potential   business  displacement  due  to  potential 
development,   changing  economy,    and  trends; 

g.  develop   business  assistance  programs  to  aid   local   businesses   during 

transition   period,    including   grants,    loans,    counseling,    etc. 

BUDGET: 

TASK    4:      TRANSPORTATION   AND    PARKING 

a.  document  current  conditions;    vehicular  flows,    level   of  service,    current 
problems,    conflicts   between   commercial   and    residential   traffic,    commercial 
and   residential   parking   problems; 

b.  project  transportation   demands,    including   implications  of   LRV    system   of 
circulation  on  Washington   Street; 

c.  project  off-street  parking  demand   for   residential   area; 

d.  explore  costs  of  off-street  parking   construction   along   Corridor; 

e.  review   new  zoning   regulations   for  off-street   parking   and   suitability  of 
publicly-owned   land    to   satisfy   parking   demand; 

f.  review   special   transportation   issues: 

o      need   for  two-way  Washington   Street  bridge  over  Turnpike; 

o      Turnpike  areas   of  opportunity   for  widening  Washington   Street; 

o      special    circulation    needs    in    areas   of   schools,    high    concentration   of 
elderly,    areas   of  high   density   i.e.,    Chinatown,    etc. 

BUDGET: 

TASK   5:      URBAN    DESIGN   STRATEGY 

a.  ■    develop  overall   program  for   urban   design  of  Corridor;  . 

b.  develop  design   guidelines   for   storefronts   along   Corridor; 
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develop    plans    and    programs    for   public   improvements    along   Washington 
5:reet; 

o        streetscape   environment: 

-      lighting 

public  walkways 
landscaping 
street  furniture 
public  art 

o     public  open    space 

restoration    and   enhancement   of   existing   open    space 
new   neighborhood  open    space 
neighborhood   gardens 

develop   district  design   guidelines,    if  appropriate   (districts  to   be 
identified    by   the   Authority  following    review   with   community). 

frontage  on    boulevard 

uses 

setbacks 

scale   and   massing    (Including   height) 

design   character 

materials 

location   of  parking 

landscaping 

building    signage 

building    lighting 

other   (trash    storage,    etc.) 

additional    site   relationships    (i.e.    to   nearby    residential    side   streets   and 
other   uses   located   adjacent  to  the   Boulevard). 

uses 
setbacks 

-      scale   and    massing    (including    height) 
"aierials 

location   of  parking 
landscaping 
other  (trash   storage,   etc.) 

publiciy-owned   land 

i.         Analysis   of  each    site 

market   potential 

adjacent   uses 

urban   design    relationships 

potential    for  public   use   (e.g.    open    space) 
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ii.      establish    preferred   uses 
iii.    recommend   private  development  or   public   use   strategy 
iv.     prepare   design    guidelines    (see    Design    Guidelines    above) 

V.    recommend   disposition   process 
vi.    prepare  model    developer   kit  and   developer   selection   process 

(established    in   conjunction   with   community   participation   process) 


BUDGET: 


TASK   6:      ZONING   AND    LAND   USE/IMPLEMENTATION 

a.  prepare  alternative   land   use  and   zoning   proposals   based   upon   market 
analysis,    transportation   considerations   and   community   review; 

b.  analyze   impact  on    housing   availability; 


c. 


analyze  impact  on   displacement; 


d.  analyze   Impact  of  proposed   uses   and    review   compatibility  between 
residential   and    non-residential   uses; 

e.  develop   program   for   new  housing  opportunities   consistent  with   zoning    - 
and    land   use   plan; 

f.  develop   program   for   community  open    space 

g.  develop   program   for   commercial   development; 

h.        develop    land   disposition   policies   for   implementing    recommendations; 

i.         identify  areas   for   special   study;    i.e.    Cathedral    area;    Dudley  Station; 
etc. 

].         summarize  overall    land   use  and   zoning   policies   for: 

o  residential    affordable  housing 

o  retail 

o  employment  generating   uses;    office,    light   industry,    service 

o  institutions 

o  other 

k.        recommend    revisions   to  existing   district   boundaries   and   creation  of  new 
districts   as   appropriate;    identify   permitted    uses; 

I.      '  prepare  planning   and   design  objectives,    and   wherever  appropriate, 

specific   requirements   to  govern: 

o     architectural    design  of  new  construction   and    rehabilitation, 
including: 

scale   and   massing    (including   height) 
-      design   character 
materials 

PROfEKTYOFBRAUBRARY 
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o      site  planning,    including: 

setbacks 

location   of  parking 

landscaping 

building    signage 

building   and   site   lighting 

other  as    required    (trash    storage,    etc.) 

m.       open   space 

n.        preservation   of  specific  buildings,    sites,    or  other  significant   spaces 

BUDGET: 

5.  Attendance  at  Meetings 

The  Contractor  shall,    if  requested   by  the  Authority,    provide  knowledgeable 
staff  to  attend   or   participate   in   meetings   with   designated   private  or  public 
organizations  or  groups.       If  the   Contractor   is    required    to  attend   additional 
meetings  or  meetings   after  the   study   period   is   complete,    the  Contractor  will 
be   reimbursed   at  the   hourly   rates    listed    below. 

6.  Time  of   Performance 

All    services   under   this    Agreement   shall    be  completed   within  

after  execution   of  this   agreement. 

7.  Compensation 

For   providing   the   services   specified   hereunder,    the   Authority   shall    pay  the 
Contractor  as   full    and    final   compensation   for   services   an    amount  equal    to  the 
hourly   rates   attributable   to  the   personnel   of  the  Consultant  engaged   in   per- 
forming   such   services.      The  following    schedule   indicates   the  hourly   billing 
rates   for   various   Contractor  Job   Classifications    involved    in    this   work. 

Hourly   Billing    Rates 
1987 


The  above   hourly   fees    shall   be  considered   to   include   all    costs   incurred   by   the 
Contractor   in    respect  to   the   services   described    herein,    including   but  not 
limited   to  the   fringe   benefits,    overhead   supplies   and   equipment,    general   cost 
of  doing    business   and    profit  and   office  expenses   except   those   noted   below. 
In   addition    to   the  above  compensation,'  the   Authority   shall    reimburse  the 
Contractor  at  cost   for  certain  other   direct  expenses   including   travel,    lodging 
and    reproduction.      Travel    by   POV    shall    be   reimbursed   at  20<t   per  mile. 
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In      o   event  will    the  maximum   sum   payable   by   the   Authority   for  all    fees   and 

expenses   hereunder  exceed    the   sum   of  (S ) 

Dollars   for   providing    all    services    hereunder. 

8.  Method  of  Payment 

The  Contractor  shall  make  monthly  applications   for  payment  of  fees  earned 
and   allowable  expenses   for  each   work  assignment.      Each   application    shall    be 
accompanied   by  an   abstract  of  each   payroll   covered   by  the  application 
showing   the  name  of  each   person   employed  on   the  work,    his  job   title,    and 
hourly   billing   rate,    the  number  of  hours   he  worked  on   this   contract  and   his 
total    billing   attributable  to  this  contract.      Such   abstract   shall    be   sworn   to  by 
an   officer  of  the  Contractor.      It  shall   contain   such   additional    information   as 
may    be   required    by   the   Authority   to   substantiate   the   charges    including   an 
itemization   of  any  allowable   expenses.      Each   application    shall    also  be 
accompanied   by  a   brief  statement  outlining  the  work  performed  during  such 
period. 

Upon   receipt  and   approval   of  applications   for  payment  and    related   process 
reports,    the  Authority   shall    pay   90%  of  all    earned   fees   and   100%  of  allowable 
expenses.      Final   payment,    including   previously  withheld    retainage,    shall    be 
made   upon    satisfactory   completion   of  all    services   hereunder  including   receipt 
and   acceptance  of  all    the   reports. 

9.  Terms    and    Conditions 

This   Contract   is   made   subject  to  and    incorporates   the   provisions  of  the 
attached   form    "Part    II    -   Terms   and   Conditions"    HUD-621B    (2-59),    wherein 
"Local    Public   Agency"    shall    mean   the   "Authority". 

It   is   mutually   agreed   that  the   results  of  this   project   shall    be  the   sole  pro- 
perty of  the   Authority   and    said    results   may   be  made   publicly   available   by   the 
Authority. 

10.  Final    Release 

In   consideration   of  the  execution   of  this   Agreement   by   the   Authority,    the 
Contractor  agrees  that  simultaneously  with   the  acceptance   by   the   Contract  of 
the  Authority's   final   payment,    the  Contractor  will   execute   and   deliver  to   the 
Authority,    an    instrument   under   seal,    releasing   and    fcrever   discharging    the 
Authority   of   and    from   any    and    all    claims,    demands    and    liabilities    whatsoever, 
of  every   name   and    nature,    both    at   law   and    in   equity,    arising   from,    growing 
out  of,    or   in   any   way  connected   with   this  contract  except  for  those  that  are 
expressly   set  forth  therein. 
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IN   WITNESS   WHEREOF,    the   parties    hereto   have   caused    this   Agreement,    to   be 
executed    by  their   respective  officers   hereunto  duly   authorized   and    their     • 
respective   seals   affixed   hereto  as  of  the   date   first   above. 

ATTEST  BOSTON    REDEVELOPMENT   AUTHORITY 


By 


Director 


ATTEST  STULL   AND    LEE,    INC. 


Approved  as  to  form 


David    Lee 


Chief  General    Counsel 


n^^^^ 


0^6^ 


oa^«^ 
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HUD-021-3 
(2-69) 

U.S.    DEPARTMENT    OF    HOUSING    AND    UR3AN    DE''y=LOPME>>iT 
RENEWAL   ASSISTANCE   ADMINISTRATION 

CONTRACT    FOR    PROFESSIONAL  OR   TECHNICAL   SERVICES 

Part   11    -   Terms  and   Conditions 

1 .  Termination  of  Contract  for  Cause 

.    If,    through   any  cause,    the  Contractor  shall   fail   to  fulfill   in   timely  and 
proper  manner  his   obligations   under  this   Contract,    or   if  the   Contractor 
shall    violate   any  of  the  convenants,    agreements,    or   stipulations   of  this 
Contract,    the   Local    Public  Agency   shall   thereupon   have  the  right  to 
terminate  this   Contract  by  giving   written   notice  to   the   Contractor  of 
such   termination   and   specifying   the  effective  date  thereof,    at  least  five 
days   before   the   effective  date  of   such   termination.       In    such   event,    all 
finished   or   unfinished   documents,    data,    studies,    and    reports    prepared 
by  the  Contractor  under  this   Contract  shall,    at  the  option   of  the   Local 
Public  Agency   become   its   property   and   the   Contractor   shall    be  entitled    •"' 
to   receive  just  and    equitable  compensation    for   any   satisfactory   work 
completed   on   such   documents. 

Notwithstanding   the   above,    the   Contractor   shall    not   be   relieved   of 
liability   to   the   Local    Public   Agency   for  damages    5    stained   by   the   Local 
Public   Agency   by   virtue  of  any   breach   of  the   Cc.   :ract  by   the   Contractor, 
and   the    Local    Public    Agency   may   withhold   any   payments    to   the   Contractor 
.for  the   purpose  of   setoff  until    such    time   as    the   exact  amount  of  damages 
due  the   Local    Public   Agency   from   the  Contractor   is   determined. 

2.  Termination    for   Convenience  of   Local    Public   Agency 

The   Local    Public   Agency  may  terminate  this   Contract  any   time  by  a 
notice  in   writing   from  the   Local   Public  Agency   to  the  Contractor.      If  the 
Contract  is  terminated   by  the   Local   Public  Agency  as   provided   herein, 
the  Contractor  will   be  paid   an   amount  which   bears   the   ratio  to  the  total 
compensation   as   the   services  actually  performed   bear  to  the  total   services 
of  the   Contractor   covered    by   this   Contract,    less    payments   of  compensation 
pr2vicLi3iy   mace:       .--  rev  icea ,    "cwcv^r,    :r.oC   .f    less    ir.^n    ii.\i/    z-rzanz   zf 
the  services   covered   by  this   Contract  have  been   performed   upon   the 
effective  date  of  such   termination,    the  Contractor  shall   be  reimbursed 
(in  addition   to  the  above  payment)   for  that  portion   of  the  actual   out-of- 
pocket  expenses   (not  otherwise  reimbursed  under  this  Contract)   incurred 
by-the  Contractor  during  the  Contract  period   which   are  directly  attribut- 
able to   the   uncompleted   portion   of  the   services   covered    by   this   Contract. 
If  this   Contract   is   terminated  due  to  the  fault  of  the   Contractor, 
Section   1    hereof  relative  to  termination   shall   apply. 

3.  Chanaes 

The    Local    Public   Agency   may,    from  time   to   time,    request  changes   in   the 
scope  of  the   services   of  the   Contractor   to   be   performed   hereunder. 
Such   changes,    including   any    increase  or   decrease   in    the  amount  of  the 
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Conzrac'.zr's   ccmcensa'icn ,    which    are  mutually    agreed    uccn    by    and 
between    tne    Lzcal    Public   Agency   and   the   Cont.-actcr,    snail    be   inccr- 
^    -crated    in    written    aiTiendments    to   this    Contract. 

4.  Personnel  ■^"'    '  ^ 

a.  The  Contractor  represents  that  he  has,  or  will  secure  at  his  own 
expense,  all  personnel  required  in  performing  the  services  under 
this  Contract.  Such  personnel  shall  not  be  employees  of  or  have 
any  contractual   relationship  with  the  Local   Public  Agency. 

b.  All  the  services  required  hereunder  will   be  performed  by  the 
Contractor  or  under  his  supervision  and  all   personnel   engaged   in 
the  work  shall   be  fully  qualified  and  shall   be  authorized  or 

permitted   under  State  and   local    law  to   perform   such   services. 

c.  No  person  who  is  serving  sentence  in   a  penal  or  correctional 
institution   shall   be  employed  on  work  under  this  Contract. 

5.  Anti-Kickback   Rules 

Salaries  of  architects,    draftsmen,   technical   engineers,    and   technicians 
performing  work  under  this   Contract  shall   be  paid   unconditionally   and 
not  less  often   than  once  a  month   without  deduction  or   rebate  on   any 
account  except  only   such   payroll   deductions   as   are  mandatory   by   law  or 
permitted   by  the  applicable  regulations   issued   by  the  Secretary  of   Labor 
pursuant  to   the   "Anti-Kickback  Act"   of  June   13,    1934  (43  Stat.    948;    62 
Stat/  740;    63  Stat.    103;    tit!e'13   U.S.C,    Section   874  and   title   40 
U.S.C.,    Section   276c).      The  Contractor  shall   comply  wjth   ail   applicable 
"Anti-Kickback"    regulations   and    shall    insert   appropriate   provisions    in   all 
subcontracts  covering  work   under  this   Contract  to   insure  compliance  by 
subcontractors  with   such   regulations,    and   shall   be  responsible  for  the 
submission  of  affidavits   required  of  subcontractors   thereunder  except  as 
the  Secretary- of  Labor  may   specifically  provide  for  variations  of  or 
exemptions  from  the   requirements  thereof. 

6.  Withholding  of  Salaries 

if,    in 'the  performance  of  this  Contract,   there  is  any  underpayment  of 
salaries   by  the  Contractor  or  by  any   subcontractor  thereunder,    the 
Lccal    Public   Agency    shall    withheld   '-tm   th?   Ccptr3ct::r  cut  cf   cavments 
due  to  him  an   amount  sufficient  to  pay  to  employees   underpaid   the 
difference  between   the  salaries   required   hereby   to   be  paid   and   the 
salaries  actually  paid   such  employees  for  the  total   number  of  hours 
worked.     The  amounts  withheld  shall   be  disbursed  by  the  Local   Public 
Agency  for  and  on   account  of  the  Contractor  or  subcontractor  to  the 
respective  employees   to  whom  they  are  due. 

7.  .  -   Claims  and   Disputes   Pertaining  to  Salary   Rates 

Claims   and  disputes   pertaining  to  salary   rates  or  to  classifications  of 
■  ••  architects,    draftsmen,    technical    engineers,    and    technicians   performing 
work   under  this   Contract   shall    be  promptly    reported    in   writing   by   the 
Contractor  to  the  Local    Public  Agency   the   latter's   decision   which   shall 
be  final   with   respect  thereto. 
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3  Ec'-^ai    E.~icicvnePt   Oc-crtunitv 

CL:r':rg    :ns   pe.'-'-."~aPC2   zf    :.~is    Ccr.tract,    *i'-',e   Ccriractcr   screes    as 
foilcws: 

a.  Tha  Contractor  will   not  discriminate  against  any  employee  or  appli- 
cant for  employment  becaus*  of  raca,   color,    religion,    sex,   or 
national   origin.      The  Contractor  will  taks  affTrmatfve  action   to 
ensure  that  applicants  are  employed,    and   that  employees  are  treated 
during  employment,    without  regard  to  their  race,   color,    religion, 
sex,  or  national  origin.     Such  action  shall   include,    but  not  be 
limited  to,   tha  following:     employment,   upgrading,   demotion,   or 
transfer,    recruitment  or  recruitment  advertising;    layoff  or  termin- 
ation;   rates  of  pay  or  other  forms  of  compensation;    and   selection 
for  training,    including   apprenticeship.      The   Contractor   agrees    to 
post  in   conspicuous   place,    available  to  employees   and   applicants   for 
employment,    notices  to  be  provided   by  the   Local   Public  Agency 
setting  forth   the  provisions  of  this   nondiscrimination   clause. 

b.  The  Contractor  will,    in   all   solicitations  or  advertisements   for 
employees   placed   by  or  on   behalf  of  the  Contractor,    state  that  all 
qualified  applicants  will   receive  consideration   for  employment  wthout 
regard   to   raca,    color,    religion,    sex,   or  national   origin. 

c.  The  Contractor  will   cause  the  foregoing   provisions   to   be  inserted   in 
ail   subcontracts  for  any  work  covered   by   this   Contract  so  that  such 
provisions   will   be  binding   upon   each   subcontractor,    provided   that 
the  foregoing   provisions   shall   not  apply   to  contracts  or   sub- 
contracts  for   standard   commercial   supplies   or   raw  materials. 

9.         Discrimination    Because  of  Certain    Labor  Matters 

No  person   employed  on   the  work  covered   by  this   Contract  shall   be 
discharged  or  in   any  way  discriminated   against  because  he  has   filed   any 
complaint  or  instituted  or  caused  to  be  instituted   any  proceeding  or  has 
testified  or  is   about  to  testify   in   any  proceeding   under  or  relating   to  the 
labor  standards  applicable  hereunder  to  his   employer. 

TO.      Compliance  With    Local    Laws 

I  ~i    contractor   Si.all    corr.piy   '.vit.—.    2it    50piiC3  — .3    Is'ivs,    -rc;r. 3.~C35,    3rp 
codes  of  the  State  and   local   governments,    and   shall   commit  no  trespass 
on   any  public  or  private  property   in   performing   any  of  the  work 
embraced   by  this   Contract. 

11 .      Subcontracting 

None  of  the  services   covered   by  this   Contract  shaH   be  subcontracted 
-    -      without  the  prior  written   consent  of  the   Local   Public  Agency.      The 

Contractor  shall    be  as  fully   responsible  to   the   Local    Public   Agency   for 
the   acts   and   omissions  of  his   subcontractors,    and   of  persons   either 
directly  or   indirectly   employed    by   him.      The   Contractor   shall    insert   in 
each    subcontract   appropriate   provisions    requiring   compliance  with    the 
labor   standards   provisions   of  this    Contract. 
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12.  Assignability 

The   Contractor   snail    not  assign    any   interest   in    this    Contract,    and    shall 
not  transi'er.  any    interest  in   the   same   (whether   by   assignment  or   novation) 
without  the  prior  written   approval   of  the   Local    Public  Agency:      Provided, 
however,    that  claims  for  money  due  or  to  become  due  the  Contractor 
from  the  Local   Public  Agency  under  this  Contract  may  be  assigned  to  a 
bank,    trust  company,   or  other  financial   institution,   or  to  a  Trustee  in 
Bankruptcy,   without  such  approval.      Notice  of  any  such   assignment  or 
transfer  shall   be  furnished  promptly  to  the   Local   Public  Agency. 

13.  Interest  of  Members  of  Local   Public  Agency 

No  member  of  the  governing  body  of  the   Local    Public  Agency,    and   no 
other  officer,    employee,    or  agent  of  the   Local    Public  Agency  who 
exercises  any  functions  or  responsibilities   in   connection   with  the 
'carrying  out  of  the   Project  to  which  this   Contract  pertains,    shall   have 
any   personal   interest,    direct  or  indirect,    in   this   Contract. 

14.  Interest  of  Other   Local   Public  Officials 

No  member  of  the  governing   body  of  the   locality  in   which   the   Project 
Area   is   situated,    and   no  other  public  official   of  such   locality,    who 
exercises   any  functions  or  responsibilities   in   the   review  or  approval   of 
the  carrying  out  of  the  Project  to  which   this   Contract  pertains,    shall 
have  any   personal    interest,    direct  or  indirect,    in   this   Contract. 

15.  Interest  of  Certain    Federal   Official.s 

No  member  of  or   Delegate  to  the  Congress   of  the   United   States,    and   no 
Resident  Commissioner,    shall   be  admitted   to   any   share  or  part  of  this 
Contract  or  to   any   benefit  to  arise  herefrom. 

16.  Interest  of  Contractor 

The  Contractor  covenants  that  he  presently  has   no   interest  and   shall   not 
acquire  any   interest,    direct  or  indirect,    in   the  above-described   Project 
Area  or  any  parcels  therein  or  any  other  interest  which   would   conflict  in 
any  manner  or  degree  with   the  performance  of  his   services   hereunder. 

The   Contractor  further  covenants   that   in    the   cerformance  of   this   Contract 
no  person   having   any   such   interest  snail    be  employed. 

17.  Findings  Confidential 

All  of  the  reports,    Information,   data,   etc. ,    prepared  or  assembled  by 

the  Contractor  under  this  Contract  are  confidential   and   the  Contractor 
agrees  that  they   shall   not  be  made  available  to  any   individual   or 
organization   without  the  prior  written   approval   of  the   Local   Public 
Agency. 
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